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Task Order No. 4 
Contract No. AF33(600)40274 


JUN 28 1960 
25X1A 


_ ° a 


Attention: (iii 


Gentlemen: 


1. In accordance with the provisions of Contract No. AF33(600)—= 
ho274 and effective upon your acceptance hereof, you are authorized 
to proceed with the performance of Task Order No. 4 to said contract. 


2e The scope of the work to be performed under this Task Order 
and such additional provisions as may be applicable are set forth in the 
attached schedule. 


3-e The estimated cost of the performance of this Task Order, 
exclusive of the fixed-fee, is RiM—~p—egupembbeeetenes = Cost 
in excess of this amount shall not be incurred without the prior 
written authorization of the Contracting Officer. 


4, The fixed-fee for the performance of this Task Order shall 
be 


5e The work and services to be performed under this Task Order 
shall be completed by 30 June 1961; however, said period of perform- 
ance may be extended by mutual agreement. 


6. Upon execution of all copies of this Task Order please return 
the original and one copy to the undersigned and retain the remaining 
copy for your files. 


Very truly yours, 
THE UNITED STATES OF AMERICA 


25X1A 25X1A 


ACKNOWLEDGED AND ACCEPTED Contracting Officer 
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Task Order No. 4 
Contract No. AF33(600) -40274 


SCHEDULE 


1, SCOPE OF WORK 


The Contractor shall perform feasibility studies and 
technical investigations covering the following: 


a. The construction of an optical system based on 
two telescopes of a modest aperture. 


b. The study of the feasibility of a microwave system 
at S-Band in which large apertures will be used. 


ec. The study of means for misleading radar equipment 
operating with various frequencies. 


2. ANTICIPATORY COST 


All costs which have been incurred by the Contractor 
in anticipation of and prior to the signing of this Task 
Order and, which if incurred after the signing of this 
Task Order would have been considered as allowable cost 
hereunder, will be accepted by the Contracting Officer 
as costs under this Task Order. 
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